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Message Text 

UNCLASSIFIED 

PAGE 01 MOSCOW 13523 161730Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 /014W 

127250 161951Z/64 

P 161505Z SEP 77 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC PRIORITY 2232 

UNCLAS MOSCOW 13523 

TO A/FBO, EUR/EX, EUR/SOV 

E.O. 11652: N/A 

TAGS: ABLD, AFSP, OGEN, UR, US 

SUBJECT: EMBASSY RECONSTRUCTION, FUNDING STATUS 
REF: HAHN/MCCOLLOUGH TELCON 15 SEPT 1977 

1 . FUNDS EXPENDED OR OBLIGATED AS OF 16 SEPT 1977 

A. LUMBER FROM HELSINKI (ROOF) 

FIRST CONSIGNMENT $ 15,000 

SECOND CONSIGNMENT (ESTIMATE) 5,000 

B. METAL ROOFING MATERIAL 1 8,700 

TRANSPORTATION MATERIAL 15,200 

EQUIPMENT TRANSPORTATION 700 

C. ANGLE IRON (DUCTWORK) 1 ,200 

TRANSPORTATION 3,200 

D. HEATING/PLUMBING CONTRACT 132,325 

E. MISC. PURCHASES (LIFTING WINCH, 

TOOLS, NAILS, HARDWARE, FOUL WEATHER 
CLOTHING) 

HELSINKI 8,000 

BONN 5,000 

F. UPDK LABORERS THROUGH 16 SEPT. 10,000 

TOTAL $214,325 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MOSCOW 13523 161730Z 

2. ESTIMATED COSTS FOR MATERIAL AND LABOR TO BE 
AUTHORIZED, ALREADY PROCURED, ON ORDER OR TO BE PURCHASED. 

A. ELEVATOR ( FIRM OTIS CONTRACT PRICE) $ 60,000 

B. CANVAS TARPS 10,000 

C. SHEET METAL FOR DUCTWORK 4,000 

D. NEW WOOD WINDOW & DOOR UNITS 
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TO BE FAB. & SHIPPED FROM HELSINKI 18,000 

E. METAL LOUVERS (6) 

FABRICATED & SHIPPED FROM HELSINKI 3,500 

F. RENOVATION EIGHTH FLOOR 200,000 

G. RESTORATION OTHER MISC. AREAS 75,000 

H. MATERIALS (WALLBOARD, DOORS, 

FRAMES, CEILING TILE, BASE, ETC.) 250,000 

I. LOCAL PROCURED MATERIALS 

(BRICK, SAND, MORTAR, ETC.) 8,000 

J. OTHER ROOF RESTORATION WORK 85,000 

K. LOCAL LABOR, TWO MONTHS 20,000 

L. ELECTRICAL MATERIALS COMPLETE 
FBO ESTIMATE 

M. 90KW UNIT FBO PROVIDE COST 

TOTAL $733,500 


3. ALL ESTIMATES OUTLINED PARAGRAPH TWO ABOVE SHOULD BE 
CONSIDERED TO BER VERY PRELIMINARY AS MATERIAL TAKE-OFFS 
ARE NOT COMPLETE AND FBO ARCHITECT DOES NOT HAVE ACCESS 
ADEQUATE COSTING DATA FOR MATERIALS TO BE SECURED FROM 
VARIOUS COUNTRIES AND SOURCES. METHODS OF AVAILABLE 
TRANSPORTATION ALSO GREATLY EXACERBATE ESTIMATING PROBLEM 
AT THIS STAGE. 

TOON 

UNCLASSIFIED 
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